AUGUST 27, 1968 


RE: JOB NO, 6801 
NORTH SCOTT SCHOOL. PROGRAM 


1. NEW ELEMENTARY SCHOOL — 1968 
INCLUDING 20 CLASSROOMS, M. P. ROOM, 
ADMINISTRATION, SPECIAL EDUC., LUNCH 
ROOM AND SERVING AREA $576,000.00 


2. CONVERT WHITE ELEMENTARY TO JR. HIGH 
550 STUDENTS — 1968 
INCLUDING GYM, CAFE, COUNSELING, HOME 
EC., SHOP, MUSIC, TYPING, SPECIAL ED. -$638,400,00 


3. ADDITIONAL AREA FOR 1976 — 1977 — 750 STUDENTS 
INCLUDING 6 CLASSROOMS, ADDITIONS TO LIBRARY, 
ADMINISTRATION, SCIENCE, ART, TYPING AND 
SHOP $289,800.00 


4. NEW JUNIOR HIGH SCHOOL. 
INCLUDING 14 CLASSROOMS, 3 SCIENCE, HOME ECON., 
ART, TYPING, SPECIAL ED., SHOP, LIBRARY, MUSIC, 
PHYSICAL ED., CAFE, ADMINISTRATION $1,136,000,00 


5. ADDITIONAL. AREA FOR 1976 — 1977 — 750 STUDENTS 
INCLUDING 5 CLASSROOMS, 2 SCIENCE, 1 ART, 1 
TYPING, ADDITION TO SHOP, LIBRARY AND ADMINIS— 
TRATION $295,200.00 


6. ADDITION TO WHITE ELEMENTARY SCHOOL 

INCLUDING MULTI PURPOSE ROOM, 2 KINDER— 

GARTEN, LUNCH ROOM AND SERVING AREA $187,200.00 
43 ADDITIONS TO DONAHUE, PRINCETON, AND LONG 

GROVE 

INCLUDING MULTI PURPOSE ROOM, ADMINISTRATION, 

LUNCH ROOMS, KITCHENS AT LONG GROVE AND 


PRINCETON $454,400.00 
8. ADDITIONAL ELEMENTARY ROOMS NEEDED 1976 — 1977 

17 CLASSROOMS, TOILETS, ETC. $365,400.00 
9. HIGH SCHOOL ADDITION — 1968 


INCLUDING PHYSICAL EDUCATION, BAND AND 
MUSIC, SHOP CAFETERIA, LIBRARY $636,800.00 


RESUME! — 1968 


A. 
B, 


Cc. 


eS 


NEW ELEMENTARY SCHOOL 


CONVERT PRESENT WHITE SCHOOL. TO JR. 


HIGH SCHOOL 
ADDITIONS TO DONAHUE, PRINCETON 
AND LONG GROVE 


ADDITIONS TO PRESENT JR. — SR, 
HIGH SCHOOL 


NEW JR. HIGH SCHOOL 

ADDITION TO WHITE SCHOOL. 
ADDITION TO DONAHUE, PRINCETON 
AND LONG GROVE 


ADDITION TO PRESENT JR. — SR. 
HIGH SCHOOL 


$576,000.00 
638,400.00 
454,400.00 


$1,668,800.00 


636,800.00 


$2,305,600.00 


$1,136,000.00 
187,200.00 


___ 454,400.00 


$1,777,600.00 


636,800.00 
$2,414,400.00 
Sa ae hate A 


